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nes AND CORDIPIONS 
ce ar aeetenncemennt nae 


1. Payments under this Purchase Order will be made monthly. Invoices 
will be made gut to: 
‘he Ramo-Wooldrldge Corporation 
B20 Belianca Avenue 
oa Sogeles 45, California 


Agtention: 


Seid involees must be certified by [séddri'r to paywenteoT ATINTL 


&. Trvoices will contain total number of hours worked, total direct labor 
costs, overhead, profit, anc total material costs for the period 
covered. by the invoice. 


3, ‘the work called for under this Purchase Order shell be performed by 
personnel of the seller qualified professionally or otherwise to perform 
the same. 


h, Any reports submitted in compliance with this Purchise Order shali bear 
the Purchase Order number and the prime contract number. 


5, Direct labor - Seller shall be entitled to payment only for direct 
jebor hours performed under, to the extent and at the rates specified 
in, this Purchase Order. Said rates include Pull compensation to 
Seller for overhead, plant burden, administration expense, profits, 
financing costs, depreciation, etc. Ho premium overtime paynents wili 
be reimbursable by Suyer except to the extent, if any, specified in this 
Purchase Order or in & Change Notice hereto iegued by Buyer and acknow- 
jedged by Seller. 
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‘eterials - Any payment for materials will be made at Seller's actual 
invoiced cost, lesa trade or quantity diseountsa for material used 
directly in the performance of work hereunder. No handling charges 
will be alloved. 


7. Subcontracting - Hone of the work or services hereunder shell be sub- 
contracted by Seller exeept with the prior written consent of suyer, 
aud payment to Seller by Buyer for subcontracted work wili not eaceed 
the amount charged by the Subcontractor. The work “Suocortracted 
shal). not include the purchose of besic raw materials, standard stock, 
or catalog items. 
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Records - Seller's accounting system shall be subject to duyer's epproval. 
3eller abail maintain detailed, complete, and aecurate accounting records 
of the hours of direct labor performed hereunder, and the hours of such 
jabor billed by Seller shall be supportea oy individual dally job tine- 
ecards (preferably signed by the workers), and ty evidence of actusi 
payment either through payroll records or cancelled ebecks. Charges for 
materials must be supported by paic invoices or material requisitions. 
All records pertaining to this order shall be preserved for at least 

five (5) yeers after date of completion. 
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